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Acoustical Upgrades/ Ottoson Music Rooms 


ADDENDUM No. 1 

To Whom It May Concern: 

This Addendum forms a part of the Invitation for Bid (IFB) and supplements the IFB dated May 16, 2018. 
Please acknowledge receipt of this addendum in the cover letter accompanying your bid. 

Addendum No. 1 consists of 2 pages. 

With reference to the bid request relative to the above subject, please note the following: 

Project Completion Date (p.3): 

The work completion date as stated in the Invitation to Bid has been extended from August 17, 
2018 to August 24, 2018. The Invitation for Bid now hereby reads as follows: 

“Work to be started on June 27, 2018 and completed no later than August 24, 2018. ” 


Acoustical Upgrades- Music Rooms 101,102,103 (p.6): 

The scope of work regarding the walls is to include compounding, sanding, priming and two coats 
finish painting of all gypsum board. The Invitation for Bid now hereby reads as follows: 

“Walls: Remove the sound absorptive wall treatment in the rooms. Once the sound 
absorption wall treatment are removed, replace with 5/8” gypsum board on framed wall 
areas. For concrete wall areas, add dry wall (hat) channel and single layer gypsum board. 
Compound, sand, prime and apply two coats of paint to all gypsum board. ” 


-END- 


All other terms, conditions and specifications remain unchanged. 


Very truly yours, 


Domenic R. Lanzillotti 
Purchasing Officer 



